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On 22 July, it wsq aBnoimced at Schorílieide airfield that the field had to be 
coinpleted foy 31 Augtist 1953, instead of 1 October 1953, which was the previous 
mt cespXetion date<* It was furthemore announced that a bonus of 30,000 
eastmarks would bë paid if the inetaU.ation could b® coinpleted on time a Source 
believed it to be possible that ths new coi^letion date could be raeto 


2.» From 13 through 25 Juíy, two 10»hour shifts were daily worked at the fialdo The 
constructioh workërs were allowed to work overtime, hovcver* none of the wrkers 
did som The speed of construction work has been accelerated since th® new 
completion date for the field was armovmcedo This has had a detrimeatal effect; cn 
the amlity of the work bsing done« 7has p for inatance source observed that the 
concrete reiMined in the concrete mlidng machine only ono minute instead of tb.e 
three minutes as prescxdbedo 


3o 0 n 24 July* of thë 11 strips of the rmway g strips Nos 1 through 5 P ? &nd 9 were 
complstedc Strip 6 was corapleted .except for a section 500 xneters long, and work 
on strip ?k> 11 had b ©e& started from 4he eastc Work on strips Mos 8 and 10 hatí. 
not yet been startedo By 8 August^ strips Nos 6 and 11 were completed and a 150- 
meter stretch of strip 8 was concretedo Preparations for the concretlng of the 
taxiway had progreased m far, that concreting work proper was to be started 
foefore tho end of July 0 However , this intention could npt foe carried out® The 
progress of concreting work was endangered becauso all ptono chippings and cement 
had been used up by 8 August and no new suppliea of theáe materlals had arrived 
at the fogelsang railroad. stationo* 


From various records available at the cónstruction bureau source inferred that the 
runway was to be provided with a concrete surface 40 cm thicko Source also laarnsd 
that a taxiway also id.th a concrete cover 40 em thick was scheduled to be built 
north of the runway* The spur ti'ack of the field intersects the taxiway 50 meters 
west of the junction of the taxiway with the fietmannsdorf-Gross Dqelln roado The 
cement container to which the spur track leads is located about 90Q meters east of 
this roadc After the sub-grade for the concrete layer of the taxiway was ccrapXeiedj» 
the course of the outer coxmecting layers to the taxiway became visible« ^burca 
determined that thera was a concrete apron .180 meters sqxmre at the end of the 
tasd-wayo From this apron two hardstands, each of tb,3ui abopt 65 meters in diameter 
branohed off<, It is planned to build a concrete road from this platform parallel 
to th© taxiway and at a right angle to the runway e This.road which vxill possibly 
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oe used for aotor vehicles vill he 10 msters wide and will heve a concrete 
lover 15 cm ttrxcko Bjmilar deiricos are scheduled to he built at the easv- 
v/est ends, cf the ranwEy* Tke southern edge of the taxiway is exactly 75 ^ 

meters fron the raarksr etone indicutin;’ the boundary betveen forest distncts 
193 and l6l„ 2 

The wooded area between the runv/ay and the taxiway 360 meters to thesouth was 
not eomnletely logged off but several pstchos of trees resnained, To the soath, 
the forest extendod as far as about 25 meters from the taxiway, In -afce JW* 
cleariíir work t^ras cione here í3“t i#wo points in llno with sxgnboaras 3 

■3l» JSarth required for the preparotion of the sub-gra«e of the tsxiway was 
obtained at this poiniso 

Source le amecl frc® a surveying engineer employed at the construction site 
tha t the eostern end of the runway will be 6 meters higher than xts western 
end® West of the complex of quartering buildinj.s in foresu distrxcts 12o 
excavation vrork was being done, An area 40 raeters square wsa dug out 5 meters 
deep, ‘i'he puraose of the excavation work was not determiïiedo .jcurce learned 
that a aumber óf quarterine buildings was to be constructed near Kurtschlago 
The project is definitely connected with the airfieldo However, construction 
uork had not yet been startedo^ 

Locplae ouerations connected with the construction of the taxiway at the field 
were compïeted by late July- The sub-grade for the taxxway was completed fxcxa 
tha western end of t5ve runway as far as the uross Doelln-Vietmannsdorf ro&do 
The huX'US layer was being removed on a atretch reacning from tnis road as iar 
as to the eastern end of the runway» The taxivay was 25 meters wxde„ I'*asts 
fitted v;ith lamps had been arected north of the taxiviay írom xts westem 
má to as far as the road* 

0n 1 Auf'ust, strios : os 7 and 9 of the runway were completed, wliile strip Ho 11 
was 'helf concreted, Goncretine uork of strip Ho o vas unaer vay, 

The clearinp in the wood where an ammunition or fuel durnp raay be erected, is 
located v;est of the Vietnannsdorf-Gross Doelln road, north of tlve spur trac ^ 


Béden | 


aad borders on Puetgestell forest district to the north, 
fm -j j ~| were obssrvedo' 4 

Gn 30 JulVé two and a half strips each 7,4 meters wide remained to be concreted 
on the runway, ikcavation work 'for the taxiway had been started from its eastsn 
and westsrn ends» Concreting work proper was to oegin soon 0 The taxiuay was to 
be provided wlth a concrete layer 40 cta thick» 2 New workers contxnuously arri v ®- 
st the field with most of them ccming from Granienburgo a Sovxet guard *u.ail 
of five men ves posted at the gate of the airfield near tne complex of^quartering 
building’s. Identity cards were controlled there. The area outside the fxeld was 
secured by patrolSu 

On 3 tof'UBt, 211 construction workers w ere newly recruited at the Schorfhexde 
airfield. The tctal of eonstruction. vorkere employed thus rises to 2,2 /fc>, 

2 „078 of whom were employed on excavation conatruction projeets, the 
remeinder on abovo-ground projects. 
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Bv early Áugust, strips Hoa 1 through 7, 9 and 11 of the rumwy were ccrageted* 
Work on the concreting of strips H os 8 anft 10 had not yet ^fenjatur e “ f , 

13 áoril to 4 Awust, an areaof 207,115 squcre raetere of tne runway suríace 
tadTbeen conoreted. áfter * August, there vas a critical shortage rf 
required for concreting work. Csnent was not availcule tt all. *n let*. July anu 
early August, 95 to 102 sections of tha runway vere áaily eoncreted xnste«u 
of the pre scrlbed quota of 90 scctionso 
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The sub-grede for the ooncrete layer of the texiviey vas completed» h 
conorete^layer of the taxivey vas to be 15 an thxck. ^he sub-grade for 
the hardstancls at the ends of the runvay were also comoleted, 

The wood camp, infomation on which vas transmitted previously» will 
be built in the Reihersdorf forest. Clecring work was under way tne*e„ 
Deta.il s on the pinpoïnt loeation of the installation and its sise was 
not yet availkblec^ 

On 7 July. source saw a construction plan end designated oildm?» 
Source believed that the drawing was made for a fuel dump. nt the 
site of this durap source saw a pit 15x3 meters and 2 meters deep. 
The aite for this dump was about 300 neterr, eeet of the vestern 
aircraft dispersal area and about 300 meters north of the east-west 

taxiwayd 

Materials arriving at the field between 8 ^bruery and 4 Au|ast_ 1953 
included 24,908 tons of Portland canent, 29,183 tons of 7/15 fir^c.e 
stone chippings, 42,046 tons of 15/30 grade stone cnipping.s and 
122^863 tons of gravelo 

In late July 9 source .learned from a former colleague who found em« 

ploTOent at the Soviet construction headquarters that 

cations for the construction of Sehorfheide airfield had besn can- 

celled > 

0n 31 July and 1 August, a conference wes held at the field, TMs 
oonference was attenried by construetion supervisors Schulse (fnu) 
of Bauunion Hord, Kunze (fnu) and Meding (fnu), the latier of the 
Soviet conatruction headquarters. at this conference xt wa s st 
that the airfield was to be built according to schedule» our ey ng 
work for the construction of a bomb dunp was started in late July. 
Hardstands were to be bui.lt along the western aivd eastern taxiwaysc 
Another 24 to 32 hardstands were to be constructed on the aouthern 

taxiway.-*- 
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1 C o maent» The report indicates that conatruction uork at 

Sohorfheide airfield has been accelerated. The corapletion date 
for the runway at the field vas advanced by four yecks.However, 
with repard to the shortage of construction raaterxal, xt is doubfc- 
ful "whether the nev completio n date will be kept. ior statu s of 
concreting worb at the field^ I _] 

I lCo ment, For eourse of the outer connectinglanes west Joining 

^TtíSway frcsu the west and east, see Annex. It is belxeveu that the 
taxiway will have a concrete leyar i - r 0 cm thick. 
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1 Cgmen^ The new coraplex of quartering buildiuys near Kurtschiag, 

as vood carap, is about 3 to ^est-northuest of Oross Doellx,. 
Its location can be deterrain: d on GSGS 4414, aheet 2940/47 „ 


For ter rain poi.ats xndxeatxng tne locatxon ox the 

I 1 íot «vnuii! — *-i is bslievea that the 

amriunition or fuel dump* I J - , 25X1 A 

installation under construction there will be a fuel dJinp. 


4. I I Comraent, 
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